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1, About the middle of July 1952, the E a st German Ministry for Machine Construction 
asked TCB Carl Zeiss, Jena# to report on the status of 79 A-l aerial tra ining 
devices and 20 sets of spare parts being readied for delivery to Russia, 


50X1 -HUM 

In general* the status of production is ; satisfactory* The start of the 
production was delayed by about four weeks because of considerable diffi- 
cult i as caused by shortages of material ^ particularly of sheet and oast 
metal and of electrical construction items: the latter had partly to be 
procured from tne West* 


50X1 -HUM 


Larg e i nvestments for the completion of the order are no longer neede do 
need a regulating transformer which wo uld f ~ 
overcome the variations of currents these vari ation s ar e extr emely 
troublesome in the adjustment of the devices* [ 

The cost of a new transformer is 5*000 


DM Easto 
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Uatsyg in A-.J. deliveries have been caused by tbs failure of T h* 
following firms to meet the date specified for their deliver! wt 


wears . .. ,• 

Cabins 

-•;ioy-st: ; .ck st c*eri ng mechanisms 
Training neats 
Projection frames 

( '**nre potentiometers • , 


> Pnnt % Fi rm , z% ’( .1 3J ^ 


* & s chines -vnd Api-arat ebau B 

'IchkssudS.tss 

a . , ..... Gptik-Me ii. 7 *in~?echni k* Leipzig 

Essential supplies are no longer lacking with tae exception of copper 
connecting wire and special threads, . 

12 Jnlv ^952^ J ^ * 0f> 13 '^ ht sheet metal for cabins arrived here on 

An lapvrbnt MUM HUM to ho potentiometers fret the 


subs titute for those from the firm of 

'-^iTofiL , |po» session of enough intent xcreeters for' 30 pe^ 

Hi - T ? e remainder is expected to be delivered 

jjet-^oen the end of July and the end of August. 

^tall lack Pieces of hi rh-„r g M *H ball beariflff8 fwm t . h . 

Thtb-xnger Kupwligerfabrik, kell^HlSTI ~ Itw whi 

be nere in August . 1952 0 1 w,/ 


in west 50X1 -HUM 


50X1 -HUM 


unfortu nately the supply of Diesel, fuel for tr vtU t,r«n 8 Do-*ntior 

Between ] subcontracting firms has co 4 to 7 K“b^e 50X1 - HUM 

of money td. .ti.ioult.ies , ■ ->-CexaMC, 

Difficulties ir procurement of materials are the main causes for 
-,h« postponements in the deliveries from supply'^ - hes<s anio , lnt 

•° * deI * y of slx week8 ° Also disruptions in' the power supply 

■lave held up the completion, of the order. " P PP ^ 


gal l»wing is the number of hours naed iv, and mbuntin 4 


*50X1 -HUM 


Carl Zeiss 

s ub- contracting firms 
Assembly, Carl. Zeiss 
Ass«nM.y A sub-contr&etin* firms 


tnta.1: 


1 . 96,900 hours 
lie , 500 hours 

91 , 700 hours 
;*= 71.0 ho’, •*$ 
3 <B 50 hours 


the^^lowing umber of hours remains to be spent to complete the 


* Zjnt s , Carl . Z ei s s 

j. d,rts_«i sub- contracting .firms 

A»a«©bly* Carl Zeiss 


Aaaenbly,, 


^contracting firms 




August 1952 , „ „ . * „ B 
September 1952 * „ „ „ f 
October 1 , 952 , , . , , „ . 

November 1952 

lier* ember .1952 * * * , , „ 


-C /.>$30 hours 
110,600 hours 
913 f 3 00 hours 

r 3 a ?50 Jjoti-a 
/• f' 7 t -*»Q hou~'*f> 


j deliver bn the following dates: 


. 1 ! 3 inst ruf? v en t ;> * 

-20 instruments 
‘.20 instrument?? 
->20 instrument « 

• t. instruments 


According to contract- delivery of the * n *re r>-r*, «.**.« <« * v 
nade by 35 October 3 9S2„ P &ec ® 18 to *>« 
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50X1 -HUM 

50X1 -HUM 


samples of the containers for the spare carts sets were rejected on 
4 July 1952 by the Russian acceptance eo:nmissioru i e containers 50X1 -HUM 
had to be rebuilt; the cusooner now wants delivery of four cabinet 
containers o Completion of these containers cannot be expected before 
October 1952c [ I 



_ Co mments This I {confirms delivery of the firbt A~1 devices 

•luring * August 1952. > This, however, will only be possible if tfc* Russians 
abandon their request to have one device tested for U000 hours before 
the first deli very will be accented as reported previously , \~ 

Jso far the Russians have not given any sign of willingness 
to abandon the test*) 
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